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Contract No. EG-400 
Task Order No. 11 
Amendment No . 1 


Eastman Kodak Company 
Rochester, New York 

Gentlemen : 


16 JUN 1964 


1. This document constitutes Amendment No. 1 to Task Order No. 
11 issued under Contract No. EG-400 "between Eastman Kodak Company 
and the United States of America. 

2. Pursuant to the provisions of Clause 2, CHANGES, of Contract 
No. EG-400 it is in the interest of the Government to amend the Task 
Order as follows: 

(a) The scope of work is amended to include the additional 
work set forth in the attached Revision No. 1 to the Schedule. 

(b) Paragraph 3, ESTIMATED COST AND FIXED-FEE, in the Task 
Order is deleted and the following Paragraph 3 is substituted 
therefor: 

"ESTIMATED COST AND FIXED -FEE 

a. The estimated cost of the performance of this Task 
Order, exclusive of the fixed-fee, is ONE HUNDRED FIFTY-TWO 
THOUSAND EIGHT HUNDRED FOURTEEN DOLLARS ($1^2, 8l4) . 
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3. All other terms and conditions of Task Order No. 11 remain 
unchanged. 


4. Please indicate your receipt of this Amendment No. 1 to 
Task Order No. 11 to Contract No. EG-400 and your acceptance thereof 
by executing the original and two copies thereof. Return the fully 
executed original and one copy to the undersigned and retain the 
remaining copy for your files. 
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Revision No. 1 
to the 
SCHEDULE 


The Schedule to Task Order No. 11 is amended to include Item 
4 , "below: 

" 4 . Overhaul and Modify Dayton Processor 
No. 2 from Det. 0. 


Estimated Price $25,600." 

Shipping instruction for the modified processor will he furnished 
the Contractor. 
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